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ACTION SSM-05 

INFO OCT-01 PASS-00 ISO-OO /006W 

003167 

R 151735Z AUG 76 
FM USMISSION SINAI 
TO SECSTATE WASHDC 886 

UNCLAS SINAI 1508 

DEPT FOR SSM/STILES 

RELAY TO: E-SYSTEMS, INC. 

MAJORS FIELD 
GREENVILLE, TX 75401 
PHONE: 214-455-3450 
TELEX NBR. 9108605604 

ATTN: B.B. WOLFE 
FROM T.F.D. JONES 

ESY-SFM NO. 417 DTD 15 AUGUST 1976 

SUBJECT: BATTERY STORAGE BUILDING 

1 . DETAIL FLOOR PLAN DRAWING. INCLUDING EQUIPMENT 
TO BE INSTALLED, ARE BEING MAILED UNDER SEPARATE 
COVER. SINCE DUE DATE OF 18 AUGUST WILL NOT BE 

MET BECAUSE OF IN TRANSIT TIME BY MAIL AM PROVIDING 
TWX PROPOSAL FOR BATTERY STORAGE BUILDING IN 
ADDITION TO MAILED FLOOR PLAN DRAWING. 

2. FACILITIES FOR STORING OF BATTERIES ARE NOT PRE- 
SENTLY AVAILABLE AT THE SFM. BATTERY FOR COMM/OPRS 
OPERATIONS SHOULD BE STORED IN CONTROL ENVIRONMENT, 
BATTERIES ARE NOW BEIN STORED IN THE WAREHOUSE AND 
THE TEMPERATURE GETS VERY HOT MAKING THE WAREHOUSE 
AN UNSATISFACTORY PLACE TO STORE BATTERIES. 

3. THEREFORE. IT IS PROPOSED THAT CONSTRUCTION OF 
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A 28' X 28' BATTERY STORAGE BUILDING BE AUTHORIZED 
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AT THE SFM. THE FOLLOWING SPECIFICATIONS ARE SET 
FORTH FOR THE BUILDING: 

A. THE BATTERY STORAGE BUILDING 

(1) WILL BE LOCATED SOUTH AND ALIGNED WITH 
THE PROPOSED PAINT SHOP. 

(2) WILL BE A 28' X 28' KELLY KLOSURE BUILDING 
SHELL WITH 8' WALLS SET ON A 6 INCH REINFORCED CON- 
CRETE SLAB WITH DRAIN. THE CONCRETE SLAB WITH DRAIN 
IS ALREADY IN PLACE. DRAIN IS 4 INCH PVC MATERIAL. 

(3) KELLY KLOSURE BUILDING SHELL WILL BE DIVIDED 
INTO TWO SPACES: 

(Q) A 10' X 28' ROOM ON THE WEST SIDE WILL BE 
DIVIDED INTO THREE STALLS TO SEPARATE THE DIFFERENT TYPE 
OF BATTERIES AND PROVIDE SPACE REQUIRED FOR RECHARGING. 

(B) A 18' X 28' ROOM ON THE EAST SIDE WITH ONE 
4' WIDE DOOR ON THE NORTH END. THIS ROOM WILL BE UTILIZED FOR 
REPAIR OF TELETYPE EQUIPMENT AND STORAGE OF SPARE PARTS. 
CLEANING EQUIPMENT WILL BE INSTALLED. A SWAMP COOLER, ROOF 
VENTS AND SIX APPROXIMATELY 2 X 4 FT. WINDOWS WILL BE INSTALLED. 

(4) WATER PIPING AND PLUMBING WILL BE COMMERCIAL 
QUALITY PVC MATERIAL. 

(5) ELECTRICAL WIRING AND FIXTURES WILL BE COMMERCIAL 
QUALITY. 

(6) BATTERY CHARGING EQUIPMENT WILL BE COMMERCIAL 
QUALITY. 

(7) THS IMMEDIATE APPROACH TO BUILDING FROM ACCESS 
ROAD WILL BE 1/2 INCH AGGREGATE. 

4. ESTIMATED CONSTRUCTION COSTS FOR BATTERY SHOP BUILDING 
ARE: 

(A) 216 MAN HOURS 

(B) LUMBER/AGGREGATE - $1,000.00 

(C) PLUMBING MATERIAL - $125.00 

(D) ELECTRICAL MATERIAL - $880.00 

(E) KELLY KLOSURE HARDWARE - $566.92 

(F) TOTAL MATERIAL COST - $1,571.92 

5. ON APPROVAL FOR CONSTRUCTION IT IS REQUESTED THAT ESY 
GREENVILLE PROCURE THE FOLLOWING MATERIALS IN CONUS AND SHIP 
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TO SFM BY THE MOST ECONOMICAL MEANS: 

A. K&K HARDWARE: 

1. 28 BOTTOM CORD BRACKETS (#6070) AT $4.45 EA. - $124.60 

2. 28 4' EVE ANGLES (#6085) AT $7.00 EA. - $50.40 

4. 4 4' ERECTION ANGLES (#20490) - $17.00 

5. 336 LOCKING KEY (22010) AT $0.12 EA - 40.52 

6. 84 STIFFBACK CLAMPS (#42600) AT $2.65 EA. - 138.60 
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B. PLUMBING: 

1. ONE FIBERGLASS DEEP SINK FOR BATTERY 
SHOP COMPLETE WITH FIXTURES - $80.00 

C. ELECTRICAL: 

1 . 600 FT #6 WIRE - $500.00 

2. 8 EACH FLUORESCENT FIXTURES (8 FOOT) - $240.00 

6. MUCH OF THE MATERIALS REQUIRED ARE ON HAND IN RESERVE 
STOCK AND MAY BE UTILIZED FOR CONSTRUCTION IF REPLACED. IN 
ADDITION, SOME MATERIALS ON HAND WILL BE EXPENDED WITH 
REPLACEMENT NOT REQUIRED. MATERIALS REQUESTED IN PARAGRAPH 4 
AND 5 INCLUDES ONLY MATERIALS NOT ON HAND OR THOSE REQUIRED 
TO REPLACE RESERVE STOCK. 
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